UNIT  CONSTKTJCTION  COSTS                                   1607
Account 8706—Shafting> Pulleys, Belting.
This account covers the purchase price of the list of material below and the labor of installing the same, and the necessary wooden bridge trees.
33 ft. of 2&-in. and 18 ft. of 2|-Hn. shafting.
5 pulleys, varying from 26 in. to 52 in. with, bearings and hangers. 1 length of 8-in. double leather belt, 104 ft. long. 1 length of 6-in. double leather belt, 140 ft. long.
(See Fig. 19.)
Account 8707—Motor.
This account covers the purchase price of the material below and the labor of installing it. This motor furnished the power for the boiler and blacksmith shops.
One 20-h.p. 440-volt, 3-phase, 60-cycle, 850-r.p.m. motor.
Account 8708—Lighting.
This account covers the cost of the material below and the labor of its installation.
14 carbon lamps, 16 c.p.               260 ft. brewery cord
3 tungstens, 250 watt                  300 ft. No. 12 wire
100 ft. conduit.
Machine and Carpenter Shop
Account 8715—Excavation.
Same as account 8701.
Account 8716—Foundation.
Same as account 8702.
Account 8717—Steel Structure.
This building is the same as 8703 account. There were used here 38.23 tons of structural steel (See Fig. 105.)
Account 8717.1—Doors, Windows and Frames.
This account is the same as 8703.10, with the following list of material:
Thirteen 11 ft. 7 in. by 12 ft. f in. steel sash, 63 lights, 2 mullions, with 3 to
6 light ventilators, unglazed. Two 10 ft. 3 in. by 12 ft. } in. steel sash, 56 lights, 1 mullion, no ventilators,
unglazed. Two 10 ft. 3 in. by 12 ft. I in. steel sash, 48 lights, 1 mullion, no ventilators,
unglazed. Two 4 ft. by 9 ft. steel sliding doors, with six 14 in. by 20 in. lights, unglazed,
lower panels steel. One 11 ft. by 12 ft. steel sliding door, with forty 14 in. by 20 in. lights, unglazed,
lower panels steel. Two 14 ft. by 20 ft. Kinner steel rolling doors............         106.63
